CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


FRIDAY, AUGUST 9, 2024 


a 3 


PROGRESS MADE THIS WEEK WORK ANTICIPATED NEXT WEEK 
MONDAY-FRIDAY [08.05-08.09] MONDAY-FRIDAY [08.12-08.16] 
+ Parkway topsoil, sidewalk, driveways and brick ¢ Final utility structure frame adjustments continue 
base course [project’s west end] throughout downtown 
¢ Final utility structure frame adjustments and ¢ Brick installation along Glenwood 
temporary pavement markings throughout 
downtown ¢ General cleanup 


¢ Miscellaneous electrical work on Pennsylvania and 
Glenwood 


DETOUR INFORMATION OTHER IMPORTANT INFORMATION 
Pennsylvania [Forest to Park] is currently ONE-WAY + Please be alert for temporary parking restrictions 
WESTBOUND-— but returns to two-way VERY soon! throughout downtown; these are required to 
Prospect [Pennsylvania to Duane] is two-way but complete final utility structure frame adjustments. 


may experience intermittent temporary closures. 


Crescent [Prospect to Glenwood] is ONE-WAY 
EASTBOUND. 


+ If you have questions/concerns regarding the 
project, please reach out to a contact listed below. 


¢ Thank you for driving with caution in work zones. 


ALL businesses and pedestrian access remain open. 


Clay Keller, P.E. 
Meredith Hannah 


630-936-9456 pkeller@bla-inc.com pA 
630-547-5345 mhannah@glenellyn.org Bona 


CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


Hawthorne Blvd Hawthorne Blvd 


EVOLVING WORK ZONES AND TRAFFIC RESTRICTIONS 


Expect temporary disruptions along Prospect, Crescent, 
Glenwood, Pennsylvania and Western for sidewalk 
work-— these will be less intense than those required for 
the road work the previous two weeks. 


Main St 
Park Blvd 


BE ALERT FOR SIGNAGE AND FLAGGERS. 


Forest Ave 


Pennsylvania 
The Crescent-Glenwood parking lot remains accessible; [Forest to Park] 
the blue dotted line indicates the access route for the ONE-WAY WESTBOUND 
2 middle driveway when Prospect and/or eastbound 
3 Crescent is temporarily closed. 
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BLUE AREAS INDICATE NEARBY PARKING LOTS CONSTRUCTION PARKING 
WITH SHORT-TERM CUSTOMER PARKING WORKZONES ENTRANCE 
FOR MORE INFO, VISIT: GLENELLYN.ORG/PARKING ED PENNSYLVANIA CHANGE TO 


DETOUR ONE-WAY 


